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ORIGIN EUR- 12 

INFO OCT-01 ISO-00 CIAE-00 PM-03 INR-07 L-02 ACDA-10 

NSAE-00 PA-02 PRS-01 SP-02 USIA-15 TRSE-00 SAJ-01 

EB-07 COME-00 /063 R 

DRAFTED BY NAVY:MR DUNBARDH 
APPROVED BY EUR/RPM:EREHEELD 
CNO:CDR MCCORVEY 
JS/J-4:CDR LEWIS (INFORMED) 

OSD/ISA:MR MILLER 

115180 

R 112122Z APR75 

FM SECSTATE WASHDC 

TO USMISSION NATO 

INFO NAVFACENGCOM ALEX VA 

NATDIVNAVFACENGCOM NORFOLK VA 

UNCLAS STATE 083443 

E.O. 11652: N/A 

TAGS: MARR, IC, NATO 

SUBJECT: NATO INFRASTRUCTURE PROJECTS, SACLANT SLICE 
XXV, SERIALS 3A, 0, C, COMPOSITE WORKSHOP 
AND SERIAL 3D, AVIONICS WORKSHOP, KEELAVIK 
NAVAL AIR STATION, ICELAND 

REE: A) USNATO 961, B) USNATO MEMO INFRA 2012/75, 

FEBRUARY 25, 1975, C) ADC ENT AFB CO MSG 
121720ZMAR75 

1 . IN REPLY REP A, CONJUNCTIVE FUNDING WILL NOT BE AVAIL- 
ABLE FOR SUBJECT PROJECTS. RE-DESIGN WILL BE INITIATED TO 
ELIMINATE ALL ITEMS NOT ELIGIBLE FOR NATO FUNDING, BASED 
ON FINAL P AND P COMMITTEE RECOMMENDATIONS. US MISSION IS 
REQUESTED TO COORDINATE WITH I.S. TO DETERMINE ALL ITEMS 
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TO BE ELIMINATED AND SO ADVISE THE CONSTRUCTION AGENT. 
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2. ACCORDINGLY, SCREENING REPORT PROVIDED REE B, ACCEPTA- 
BLE EXCEPT FOR HEIGHT OE PARACHUTE DRYING TOWER, COMPOSITE 
BUILDING. ADC (REF C) AGREES TO REDUCTION, BUT JUSTIFIES 

13.9 METERS (45 FT - 7 IN) AS MINIMUM ACCEPTABLE. 13.9 
METERS IS SUPPORTED BY SACLANT AS NECESSARY TO MEET 
MINIMUM MILITARY REQUIREMENT. 

3. AS RECOMMENDED BY REE A, REQUEST YOU MODIFY FUND RE- 
QUEST FOR COMPOSITE BUILDING TO INDICATE REQUEST EOR 
THREE PERCENT NAE PLUS ACTUAL A AND E COSTS ESTIMATED AT 
DOLLARS 33,000. AVIONICS WORKSHOP DESIGNED IN HOUSE, 

AND STRAIGHT 5 PERCENT NAE APPLIES. 

4. ADDITIONALLY, RE-DESIGN IS UNDERWAY TO REORIENT THE 
COMPOSITE BUILDING BY ROTATING THE BUILDING 180 DEGREES. 

THIS CHANGE WAS REQUESTED BY THE USER, ADC, AND WILL IM- 
PROVE THE OPERATIONAL EFFICIENCY OF THE FACILITY WITH NO 
INCREASE IN ESTIMATED COST. I.S. SHOULD BE ADVISED OE 
THIS SITING CHANGE, AND FUND REQUEST REVISED APPROPRI- 
ATELY. 

5. US/ICELAND MEMO OF UNDERSTANDING WHICH INCLUDES AGREE- 
MENT ON STATIONING OF FORCES WAS SIGNED IN OCTOBER 1974. 

KISSINGER 
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